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External Section 

1. South Building - Press Room, Air Conditioner, PSD. $8,262. 

Completed on 10 July 1963* 

2. South Building - Basement and First Floor Lighting, PSD. $10,200. 
Completed on 26 July 1963* 

3. South Building - Room 302, Telephone Company. $795- Electrical 
partially complete. Approximate completion 8 5$. 

I. South Building - First Floor Corridor, Painting. $500. Ho work 
to date, 

5. Central Building - Relocation of TSD. Contract. Major construction 
to he completed hy 5 August 1963. Expected final completion 30 August 
1963 . North Building should he vacated about 15 August 1963 . 

6. " Evacuation, 0RR. Evacuation hy the occupying 
component was completed hy the middle of July. Some excess furniture 
remains to he removed. This "building must he vacated for demolition. 

7. Quarters Eye - 1900 Wing, Air Conditioner, FE. $2,8l4. The air 
conditioner has been installed according to design. Changes are now 
required in the return air in order to increase the efficiency of 
this unit. 

8. Quarters Eye - Center Hallways, First Floor. Ho Agency cost. The 
PBS Monument Group, Building Manager is still awaiting approval of 
funds to replace the deteriorated asphalt tile in these corridors. 

9 . Quarters Eye - Parking Lot Between Wings 1500 and 1700. $900. 

Completed on 2l July 1963* 

10. Quarters Eye - Securing Room 1C46, OL/Registry. $ 896 . The securing 
of this Commo. equipment room was completed on 26 July 1963* 

II. Quarters Eye - Air Conditioning 1C50 and 1C55, d/l. $5>**-37« Drawings 
were submitted to PBS for air conditioning the D/L offices with a 7# 
ton Worthington and the D/L conference roams with a 3 ton Chrysler 
Air Temp. 

12. Quarters Eye fc R & S Building - Sewer Trunk Lines. Ho Agency cost. 
Relocation of fence expected to start hy about 5 August 1963 . Digging 
and pile driving in front of Quarters Eye will follow immediately. 

13. R & S Building - Room 1232, Air Conditioning, OCR. $2^5. PBS furnished 
six York window model air conditioners and completed installation on 

25 July 1963 . 
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